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MEMORANDUM FOR THE RECORD 


SUBJECT : Concurrence in Definitive Contract No. P.C. 660 
with Eastman Kodak Company, Rochester, New York. 
Project [MM (AQuATONE) | 


1. This memorandum contains a recommendation submitted for 
approval of the Project Director. Such recommendation is set forth 
in Paragraph 5. 


2. Definitive Contract No. P.G. 660 replaces Letter Contract 
No. P.C, 660 and Amendments Nos. 1 and 2 thereto, approved by the 
Director of Central Intelligence and/or the Project Director under 
dates of 9 December 1955, 26 June 1956 and 15 Jnly 1956. The 
letter contract together with Amendments Nos. 1 and 2 provided for 
all necessary lavor and certain materials required to operate and 
maintain the film processing plant at Rochester, New York and 
obligated a total of $675,000, consisting of $175,000 of Fiscal Year 
1956 AQUATONE funds and $500,000 of Fiscal Year 1957 AQUATONE funds, 


3. The definitive contract is a time-and-material type providing 
for verformance of work and services on a fiscal year term basis. 
The term of the contract expires on 30 June 1957, however, the 
Government has the option of renewing the contract to 30 June 1958. 
Additional funds will be obligated under the contract from time 
to time as the processing plant requirements can be determined from 
project onerations. 


lh. By memorandum dated 30 June 1956, amending memorandum of 
2 June 1955, from the Acting Director of Central Intelligence to the 
Comptroller, and in accordance with the provisions of Section 10 (b) 
of Public Law 110, 8lst Congress, it was certified that the sum 
of $9,000,000 is available for Project The total fund obligations 
for contracts under Project amount to approximately $5,000,000. 


5.. Approval of Definitive Contract No. P.c. 660 and execution 
thereof on behalf of the Agency by the aythorized Project i 
Cfficer is recommended, 
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